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MEMORANDUM 


9 May 1951 


SUBJECT! Negotiation of Construction Contract 


25X1 A 


1, 1 hereby find thati 

25X1 A 

25X1 A 

b. The estimated coat of the proposed construction is 
fire -hundred twenty-five thousand dollars ($525,000) chargeable 
to Fiscal Tsars 1951-52 funds. 


It is pr oposed to construct 

I, in accordance with the Director's memorandum 


25X1 A 


to pp/A dated l5 December 1950. subject! Emergency Plan, five 

one (1) Training Building, 


one (1) Communications Building, a water and sewerage disposal 
system, and parking area. 


o. In accordance with the President's express desires and the 
Director' s specific instructions, emergency construction must be 
completed with the absolute mini mam of delay. (Bee NSRB communi- 
cation #5579, dated 7 May 1951, which is attached. ) A saving of 
approximately sixty (60) days will be made through letting the con- 
tract by negotiation, as set forth in memorandum from Special 
Assista nt DD/A to A -DD/A, dated 8 M ay 1951, subject* Conetruction 
ProJsct| H 25X1 A 

2. Upon the basis of the findings set forth above and pursuant 
to Section 3 of the Central Intelligence Agency Act of 1949 and Sec- 
tion 2(c)(1) of the Armed Services Procurement Act of 1947, I hereby 
determine that it is necessary in the public interest to effect this 
contract by negotiation. 


s DD/A Chronot 
Subject: 



WALTER REID WOLF 
Deputy Director 
(Administration) 
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